Trousdale New Entry Project 


Subject: Trousdale New Entry Project 
From: Melinda Ramos <ramosala@usc.edu> 

Date: 3/9/17, 2:44 PM 

To: "bryce.rosauro@lacity.org" <bryce.rosauro@lacity.org>, 
"james.westbrooks@lacity.org" <james.westbrooks@lacity.org>, 
"nora.gutierrez@lacity.org" <nora.gutierrez@lacity.org>, 
"paloma.perez@lacity.org" <paloma.perez@lacity.org>, 
"aaron@urbanplaceconsulting.com" <aaron@urbanplaceconsulting.com>, 

"Lasso, Ana@OEPM" <Ana.Lasso@expositionpark.ca.gov>, 
"solomon.rivera@lacity.org" <solomon.rivera@lacity.org>, 
"luis.e.gonzalez@lacity.org" <luis.e.gonzalez@lacity.org>, 

"conrado.terrazas@lacity.org" <conrado.terrazas@lacity.org>, "fernando.montes- 
rodriguez@lacity.org" <fernando.montes-rodriguez@lacity.org> 

CC: David Ernest Galaviz <dgalaviz@usc.edu> 

Good Afternoon, 

We wanted to provide you with a brief update on construction progress at 
Trousdale New Entry Project. Please see below and let us know if you have any 
questions. 

Please note: 

A. Pending Street Closure - Trousdale Parkway East Lane at 34th Street 
Temporary 9-hour closure of Trousdale Parkway at 34th Street 
o Date: Monday, March 13, 2017 (week of Spring Break) 
o Time: 6:00 AM to 3:00 PM 

o Location: Trousdale East Lane entry from 34th Street (see attached plan) 
o Reason: 

§ Temp closing of area required to install final caulking around brick paving 
which requires full-day cure time. 

o Impact: 

§ 9 Hours on Monday 

§ Trousdale Parkway cannot be accessed from 34th Street 
§ Temp closure is during Spring Break to minimize impact 
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§ 34th Street west bound traffic continues as is; not impacted 
§ DPS, Fire Marshall and Transportation are aware 

B. Construction Activity on 34th St. & Trousdale 
Hardscape/Softscape work 
o April 4, 2017 - Construction will be completed. 

§ Last day of flagman presence. 

§ Traffic signage, K-rails and delineators will be removed. 
Please let me know if you have any questions. 


TC/^ Unhrnsitvof 
U Southern California 



Melinda Ramos-Alatorre 
Project Specialist 
USC Local Government Relations 
2801 S. Hoover St., 

Los Angeles, CA 90089 
(213) 743-2230 
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